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FOR NAC AGENCIES 

E.O. 11652; DECLAS: 10/16/76 
TAGS: EAID, EFIN 

SUBJECT: PROPOSAL FOR NEW ADB OFFICE BUILDING 
REF: (A) MANILA 10169, (B) TREASURY 76-60, (C) MANILA 9252 

1 . ON 15 JULY 1976 ADB BOARD OF DIRECTORS APPROVED BANK 
PROPOSAL TO ENGAGE CONSULTING FIRM OF ARCHITECTS AND 
ENGINEERS FOR PRELIMINARY STUDY OF NEW ADB OFFICE BUILDING 
INCLUDING BANK'S DRAFT TERMS OF REFERENCE. 

2. ADB PRESIDENT AGREED TO SCHEDULE BOARD CONSIDERATION 
OF INTERMEDIATE REPORT OF CONSULTANT DUE IN FIVE WEEKS 
BEFORE PREPARATION OF CONSULTANT S FINAL REPORT WHICH 
WOULD HAVE BEEN DUE IN 8 WEEKS' TIME. IN CONSEQUENCE, 

ADB PRESIDENT EXPLAINED THAT WITH BOARD AGREEMENT TO ONE 
WEEK'S NOTICE FOR BOARD CONSIDERATION OF DOCUMENTS 
INSTEAD OF USUAL THREE WEEKS, TOTAL ESTIMATED TIME 
COULD BE KEPT TO NINE WEEKS WITH UNDERSTANDING THAT 
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THERE WILL BE ADDITIONAL COSTS. 
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